NEW CONTRACT COVER SHEET 
Mayor's Office of Strategic Planning & Community Development (OSPCD) 
— Monica R. Lamboy, Exec utive Director 

Project Name ADA Streetscape Program 



Project Manager: Stephen Winslow | Extension: x251 9 



Vendor/Contractor : Sequoia Construction 



Vgr^orTgontractor Address: 1 Buc kj^A^, Suite 9. Whitm an. MA (YT^7~ 



Vendor/Contractor Federal ID #: 04-3 1 8 1 294 



Vendor/ Contractor Name of Signer: Kevin McClou d I Title- TW^ 
VmHnr/r^tr„M„, 71 rrz ~x : 1 1 UIC - i reasurer 



Vendor/Contractor Corporate Clerk/ Secretary (for original co ntra on! 'a- 

\/ ^nnnr/f 1 Antt-<i«+^^ z" 1 * j, r* _ « „ , ~ : Z./' 



Vendor/Contractor Contact Person: Ed McCloud 



Contracto r/Subcontractor Ethnicity* • VTv^^Z — 7o~Z ^ 

p AjT rT; — : y : | Contractor/Subcon tractor Gender: 

E-Mail: seqcon2@aol.com 



Original Contract Sum: $135,900.00 



Original Contract Term: 2 Years 



Tel: 781-447-8052 | Fax: 78 1 -447-SnvT 



Amount to be encumbered: $100,000 



Original Contract Insurance: 



Commercial General Liability ($ 1,000,000 / occurrence: $ 2,000,000 /aggregate) 

Automobile Liability ($ OQflQJlQQZZTo^rence; $ 1 .QQQ nno nSSSS 

Worker's Compensation (statutory covera ge under GL Ch 1 52) P Y C ° Verage 

FTrwnrM« Qr>TTt>/— c/o\. -r~^ 1 '■ 4 



FUNDING SOURCE(S)- 



CFDA# 14.218 



Answer Yes or No: 
Wage Rates? 
W-9 on File? 



Year: 
2007, 2008, 
2009 



Section 3 Contractor? (Y/N) 



HUD Activity #, if applicable * 



CDBG National Objective*: Benefit to Low/Mod Clientele 



OSPCD Budget Attached? 



State Prevailin g Rates (S) or Federal Davis Bacon Rates mm? rm 

Tc I .t- I nrr-^n ^ 1 ' 



-9 on File? | Is Vendor/Contractor a W BE? (Y/N) MBF? CY/MV 

PROCUREMENT METHOD: ChapieTs^^M L 1 (Y/N) " 



* See below 

CONCRACTOR/SUBCONTRACTOR ETHNICITY 

White Americans (WA) Hispanic Americans (HA) 

Black Americans (BA) Asian/Pacific Islander Americans (A/PI A) 

Native Americans (NA) Hasidic Jews (HJ) 

HUD ACTIVITY NUMBER 

appears on your OSPCD Finance and Admin Budget 

CMG = ™f 8 ERS: APP ' iCable Wh£n C ° ntraCt iS With 3 n ° npr0flt "^--ecipient" 
HOME = 14.239 
ESG= 14.231 

Economic Development Initiative Grant = 14.251 
Lead Hazard Control Grant = 14.900 
Lead Hazard Reduction Demonstration Grant = 14.905 
If none of the foregoing, insert N/A 

CDBG NATIONAL OBJECTIVES 

Low/Mod Area Benefit 

Benefit to Low/Mod Clientele 

Urgent Need 

Slums and Blight 

N/A if not CDBG-funded 

CONTRACT PROCUREMENT METHODS 

Chapter 7:38A-l/2 Designer Selection 

Chapter 30B:4 Sound Business Judgment [goods and services under $5,0001 

ChSe 6 ! 30B:4 LTSut 3 ^ ^ «*" $5 '°°° ™* 

Chapter 30B:5 Invitation for Bids (IFB) Tgoods and servires <R?S nnn ™a u a 

Chapter 30:39M Invitation for Bids [Public Works Construction] 
Chapter 149 Invitation for Bids [Public Building Construction! 
N/A - Exempt Contract 



09 i OS 

CONTRACT NUMBER 



$ 135,900.00 
CONTRACT AMOUNT 

PURCHASE ORDER # AND AMOUNT 



09-40CD 

BID NUMBER 



OSPCD 

ISSUING DEPARTMENT ~ 

Transportation and Infrastructure 
FUNDING DEPARTMENT pivision) 

March 1. 2009 - February 28 , 20] 
CONTRACT PERIOD 



CITY OF SOMERVILLE 

MAYOR'S OFFICE OF STRATEGIC PLANNING AND COMMUNITY DEVELOPMENT 
PUBLIC CONSTRUCTION CONTRACT 
FOR: ADA Ramps (12) at Four Locations 



CONTRACTOR: Sequoia Construction, Inc. 

1 Buckley Avenue, Suite 9 
Whitman, MA 02382 
781-447-8052 



ACCORDING TO SPECIFICATIONS CONTAINED HERFTN 



CITY OF SOMERVTLLE 
OWNER-CONTRACTOR PUBLIC CONSTRUCTION AGREEMENT 

^ mad£ ^ l5tdaV0f March. 7.00Q, by and between the City of Somerville a 
Massachusetts municipal corporation, acting by and through its Purchasing DepartmenTwiJh a 
usual address of 93 Highland Ave., Somerville, MA (P143 f'Citv" "Owner" T«Z T^- 
Authority") and the following General Contrac'tor (^SiS^'^S Con"' 

GENERAL CONTRACTOR: 

Name: Sequoia Construction, Inc. 

Address: 10 Buckley Avenue, Suite 9 , Whitman, MA 02382 
Telephone: 781-447-8052 Fax: 781-447-8057 

E-Mail: seqcon2@aol.com 

PROJECT: ADA Ramps (12) at Four Locations 

H? r i C T? tS ° f J" C r trUCti ° n ° f tWeIve (12 ) ^eelchair Ramps to Massachusetts 
Architectural Access Board (AAB) standards (521 MR 21.00, effective January 27 2006 • hirine 
a design professional to verify that all AAB requirements have been fulfilled^ reS § 
crosswalk signs. Substantial completion of work shall be by September 1, 20oT 

PROJECT MANAGER: 

Name: Stephen Winslow 

Address: City Hall, 3 rd floor, 93 Highland Avenue, Somerville, MA 02143 
Telephone: 617-625-6600, x.25 19 Fax:617-625-0722 
E-Mail: swinslow@somervillema.gov 

DESIGN PROFESSIONAL: 

Vendor Name None 
address 

city, state, zip code 

Contact: Name, title 
Telephone #. 
Fax#: 
Email: 

Profession: Architect [ ] Landscape Architect [ ] Engineeer [ ] 
FUNDING SOURCE: Federal [ X ] State [ X ] 

Name: Bl^^Zt ° f H ° USmg & Urb3n D "**« C — y ^velopment 

^SS^^^ " 6 ° ffiCe Environmental Affairs, 



THIS CONTRACT IS A: 



X 



Public Works Contract estimated to cost more than $10,000 subject to 
the bidding requirements of G.L. c. 30, § 39M 

Public Building Contract estimated to cost under Si 0,000, subject to the 
price quote requirements of G.L. c. 149 §44A (2)(A) 

Public Building Contract estimated to cost more than $ 10 000 

but less than $25 000, subject to the written response requirements of 

G.L. c. 149, §44A(2)(B) of the General Laws 

I ?n? nnn Ud ? 8 estimated to cost ™re than $25,000 but less than 

MUU,000, subject to the bidding requirements of G.L. c 149 844Af2V<^ 
and G.L. c. 30, § 39M ' ' S 1 A j 

Public Building Contract estimated to cost more than $100,000, subject to 
the bidding requirements of G.L. c. 149, §44A(D). 



Section 1 : CONTRACT DOCUMENTS/APPENDICES 

The Contract Documents consist of this Agreement; the notice of award of the Contract- the 
Notic to Proceed; the entire Project Manual; Change Orders; Construction Change dS Ives 
the Contractor's Bid and all accompanying documents; and the Design Professional s 32 
mterpretations and clarifications issued on or after the issuance of the Notice to 

STa* n I ^ TeP T ° r draWmgS UtillZed by th£ DeS1 ^ P-fessional m pr^nftne 

Contract Documents are not Contract Documents. sparing me 



The following Appendices are hereby incorporated by reference as part of this Agreement. 
X Certificate of Authority 

_±_ Appendix A - Scope of Services - Misc. Bid Documents: includes a brief 

f ??! 0I \ 0f 46 Pr0jeCt ' the Plans md Technical Specifications (Plans on File) 
and Addenda issued during the bid process 

Appendix B - Contractor's Bid Price; Form for General Bid 
x ** Appendix C - General Conditions 
_X!1 Appendix D - Insurance Requirements with Contractor's Insurance Certificate(s) 
_JL_ Appendix E - Wage Rates; Living Wage 

Appendix F - Certificate of Good Standing (for corporations) 

— ^ p Pf nd ; x G - Procure ™ent Documentation (includes Advertisement; Notice to 
Bidders) 

_X_ Appendix H - Statement of Management (over $ 1 00,000) 

_JL_ Appendix I - Performance Bond and Payment Bond, if contract is over $2,000 

_X_ Appendix J - Section 3 Requirements 

_X_ Appendix K - Laws Applicable to Federally Funded Contracts 



X = Attached 
* 



** 



- Included in the Project Manual and incorporated herein by reference 

- Attached and also duplicated in the Project Manual 



Section 2: THE CONTRACTOR'S WORK. 

The Contractor's "Work" refers to the services and the entire completed construction or the 
various separately identifiable parts thereof required by the Contract Documents, including all 
labor matenals, and equipment furnished, furnished and incorporated into the Project or to be 

vlleor ^oEEET ^ ^ S ° bllgati0nS - ^ W ^ — £ 



Section 3 : PROJECT DATES. 

(a) Contract Period : The Contract shall begin on March 1 , 2009 and end on 
February 28, 2010. 

. + . S a u DatC ° f Commencempnt of WorV- The Date of Commencement of the Work shall 
be stipulated by a written Notice to Proceed given by the City to the Contractor. 

r . ( + C) Date of Substantial Comp letion- The Contractor shall achieve Substantial 
Completion of the Work on or before September 1. 2009. time being of the essence 
Substantial Completion means that the Work has been completed and the Site or the facility is 
opened for ful and intended public use, except for minor incomplete or unsatisfactory items that 

tlTuT Y Un ?^ the nS ^ lneSS ° f thC W0rk ' The DeS1 ^ Passional shall decide what 
constitutes minor," "incomplete," "unsatisfactory," and "materially" and the DesJ 
Professional's decision shall be final. resign 



(d) Date of Final Completion: 

The Date of Final Com pletion shall be November 15. 2009 . 

Section 4. CONTRACT SUM/LIQUIDATED DAMAGES 

(a) Contract Sum: The Contract Sum shall be $ 135.900.00 



sun, of |5a0^^S^ : ^ CmtrMm ** agree '° 3 D ^ 



SIGNATURE PAGE FOLLOWS 



IN WITNESS WHEREOF, the City and the Contractor have executed this Contract as a 
sealed instrument as of the date first written above. ^nrract as a 



CITY OF SOMERVILIE 

I hereby certify that the total contract 
amount is $ 135.900.00 and 
that an unencumbered balance of 
$ /CfiffOC.CC is available for the 
first fiscal year of this contract. I further 
certify that a sum of $ /p n 
is hereby encumbered agai'nsf. the 
appropriate account for the purposes of 
this contract. Further, I certify that as 
funds become available, I will 
encumber additional sums as are 
required under this contract. 





Monica R. Lamboy, OSPltD 
Executive Director i 




VENDOR: 

Sequoia Construction, Inc. 

Signature of Authorized Agent of Vendor 



Printed Name: Kevin McClouH _ 
Title: Treasurer 



Vendor Address: 10 Buckley Avenue. Suite 9_ 

Whitman. MA 02382__ 

Federal Tax ID: # 04-3181294 

FOR CORPORATIONS ONLY: 




Clerk's Signature 



Edward McCloud 



Clerk's Name 



^ositha Durham, Purchasing Director 



Approved as to form: 
JohyG. Gannon, City Solicitor 



Certificate of Authority 



At a meeting of the Board of Directors of: \5*r &oa/A $ ?/J&r* . 

HeId ° n: — / ~<%-#9 , at which a quorum was present, it was VOTED, 

^■■^M2^^6^_, S^^^___ofUs company 
is hereby authorized to execute contracts and bonds in the name of an on behalf of said 
company, and affix its corporate seal therto; and such execution of any contract or 
obligation in this company's name on its behalf by such: /(jEl/J/U A f l S^>/)/\ 
under seal of this company shall be valid and binding upon this company. 
A True Copy Attest: 
Clerk/Secretary: 




Signature 
Print Name 

Place of Business / 



_, hereby certify that I am the 



clerk/secretary of the: AaJ^T { ¥ T7^ f TJj£ _ 

^d that: /j^K/A/ Mj^YJ^ /j A 

is the duly authorized person of said company, and that the above vote has not been 
amended or rescinded and that said vote remains in full force as of this date. 




Clerk/Secretary 
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APPENDIX A 



Scope of Services - Miscellaneous Bid Documents 

Iincludes a brief description of the project 
The Plans and Technical Specifications (Plans on File) 
And addenda issued during the bid process. 



Addendum No.l, IFB 09-40CD 




City of Somerville, Massachusetts 
Department of Purchasing 
Joseph A. Curtatone 
Mayor 

To: Prospective bidders IFB 09-40CD, ADA Ramps Construction 

From: Karen Mancini, Asst. Purchasing Director 

Date: January 29, 2009 

Re: Change in Bid Opening Dates 

Addendum No. 1 to IFB 09-40CD 



The City is issuing this addendum to IFB 09-40CD, ADA Ramps Construction , to provide 
additional information: 

t. The Following Bid Dates Have been changed to the following: 

o Bid Opening Date has been changed to: 
Friday, 2/13/2009 @ 11:00 AM 

o Pre-Bid Conference Meeting has been changed to: 
Monday, 2/9/2009 @ 10:00 AM 
Somerville City Hall, 93 Highland Avenue 
OSPCD Conf. Room, Third Floor 

o Questions must be submitted by: 

Wednesday, February 11, 2009 by 4:30 PM 



Somerville City Hall • 93 Highland Avenue • Somerville, Massachusetts 02143 

(617) 625-6600, Ext 3400 • TTY: (617) 666-0001 • Fax: (617) 625-1344 1 
www.ci.somerville.ma.us 



CITY OF SOMERVILLE MASSACHUSETTS 
SOMERVILLE CITY HALL 
93 HIGHLAND AVENUE 
SOMERVILLE MA. 02143 
BIDDING INSTRUCTIONS FOR 
ADA RAMP CONSTRUCTION 
AT FOUR LOCATIONS 
Bid No. 09-40CD 

Twelv? m ^Sh*"! ^ inV ??f" t0 bid f ° r The WOrk consists of the instruction of 
Z5! MR ?i Xn « ? P 1 mPS t0 Massachusetts Architectural Access Board (AAB) standards 
(521 MR 21 00 effective January 27, 2006); hiring a design professional to verify that all AAB 

Z^^^oT and resettin9 crosswalk si9ns " Substantial ~ n 

n^n^? 8 ^ 06 Wi " b6 held ° n Monda y- February 9, 2009 at 10:00 AM, at the 
OSPCD, 3rd floor Conference Room, Somerville City Hall, 93 Highland Ave., Somerville. 

When submitting bid, please identify the bid item and number clearly. All bids must be sealed 
and delivered to Purchasing Department, City of Somerville, 93 Highland Ave., SomerviHe MA 

-aha p 3S » thS ° UtSide ° f a " bid envel °P es with the Bid """iber above and write 
aua Kamps on the bid envelope. 

BIDS SUBMITTED MUST BE AN ORIGINAL. 

The completion of the following forms is necessary for consideration of a potential 
aTo%tTy^vI h d n SUbmitting ^ d ° CUmentS ' the ° rd6r ° f d °™ 

1) "Notice to Bidders" signed by person submitting bid. 

2) "Signature Form" complete when submitting your bid. 

3) Tax Compliance/Non Collusion Form 

4) Certificate of Signature Authority 

5) Somerville Living Wage Form 

6) Quality Requirements 

7) Form for General Bid 

8) Bid Form for Alternates 

9) Schedule of Values 

NOTE: If Vendor is incorporated an updated "CERTIFICATE OF GOOD STANDING" 

from the Commonwealth of Massachusetts will be needed for the awarded 
vendor only. 

CITY HALL HOURS HAVE BEEN CHANGED. WE ARE OPEN UNTIL 7-30 P M ON 
THURSDAYS AND CLOSE ON FRIDAYS AT 12:30 P.M. 

r mnLTH ieW H and **" *"* Sealed bidS 35 Sent A,so - insur * that all forms are 

completed and your bid response is submitted as requested. 

Your cooperation is greatly appreciated. 
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City of Somerville 
Invitation for Bids for 

ADA Ramp Construction 
Bid No. 09-40CD 



I. General Information an d Bid Submission Requirement* 

Bid Delivery 

*£SZ MA oil t0 City ° f SOmen/i,,e ' PUrChaShg Department ' 93 Avenue, 

OSreD V^^T^ Wi " bG h6,d ° n M ° nday ' Februarv 9 > 2009 ' * 10=00 AM 

OSPCD, 3 floor Conference Room, Somerville City Hall, 93 Highland Avenue, Somerville. 

Bids must be delivered by: 11:00 A.M. on Friday, February 13, 2009. 

^a^ap Sh ° U n be submitted Bids ™* be sealed and marked as follows- 
Bid for ADA Ramp Construction, Bid #09-40CD." 

^fnJTS inC ' Ude 3 "°"- coliusion f °™, tax compliance certificate, bid pricing sheet 

bwTmoun^^rt "J" *S FB ' 3nd 5% bid suret y in the of 5%of £ ^posed 

Mamount The estimated contract amount is $140,000.00. A Bid bond Certified Check 

Bid Signature 

Time for Bid Acceptance 

The contract will be awarded within 60 days after the bid ODeninn Th*» tim* w m 

(or ' ,or a — re;irin9 ™* 
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Bonding Requirements 

upcn*S e awa°rd d * ^ Ma,eria ' S B °" d h *» am ° Unt of 100% ea <* is «M* 
Prevailing Wage Reg uimmpntg 

Davis Bacon Wage Rates apply to this contract. The applicable wage rates are attached. 
Changes and Addenda 

If any changes are made to this IFB, an addendum will be issued. Addenda will be mailed or 
faxed to all bidders on record as having picked up the IFB. No changes may be ma™ to the bid 

!ss ZESXr without written authori2ation and/or an addend - fr - * 

Questions about the IFB 

Questions concerning this invitation for bids must be submitted in writing to: Karen Mancini Citv 

Apartment, 93 Highland Avenue, Somerville MA 02143 before 

6^7 625 n^4 n! r , a ^ F t bmary "a 2 °° 9 - QueSti ° nS ™* be delivered - mai ^, faxed to- 
617-625-1344 or e-mailed to kmancini@somervillema.gov. Written responses will be mailed or 
faxed to all bidders on record as having picked up the IFB. 

If any Bidders or proposers contact anyone outside of Purchasing, for information about this 
proposal, the bid/proposal will be disqualified from the bidding process. 

Modification or Withdrawal of Bids. Mistakes , and Minor Informality 

A bidder may correct, modify, or withdraw a bid by written notice received by the Citv of 

S u°h m m^in P " 0r *2f time , and ^ SSt f ° r the bid °P enin 9- Bid modifications mus tbe 
submitted in a sealed envelope clearly labeled "Modification No. - to the address listed in Dart 

original %T ^ ^ ^ nUmbered " Se ^ enCe ' anSS~re25n»'K 

After the bid opening, a bidder may not change any provision of the bid in a manner prejudicial 
to the ■nterests of the City or fair competition. Minor informalities will be waived oTtKSwBI 
be allowed to correct them. If a mistake and the intended bid are clearly evident on the aceoT 
the bid document, the mistake will be corrected to reflect the intended correct bid and the bidder 
will be notified ,n writing; the bidder may not withdraw the bid. A bidder may wSrTw a bid i a 

Z£* VSSi " faCS ° f d ° CUment bUt the intend ed y correct bTd is o 
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Right to Cancel/Rej ect Rirk 

The City of SomarvBe may cancel this IFB, or reject in whole or in part any and all bids if the 
City determines that cancellation or rejection serves the best interests of the City. 

Unbalanced Bids 

The City reserves the right to reject unbalanced, front loaded, and conditional bids. 
Bid Prices to Remain Firm 

opening" 063 reSP ° nSe t0 tNS ' FB mUSt r8main firm for 60 da y s followin S the bid 

Unforeseen Office Closure 

If, at the time of the scheduled bid opening, Purchasing Department is closed due to 
uncontrolled evente such as fire, snow, ice, wind, or building evacuation, the bid opening will be 
postponed unf. 2:00 p.m. on the next normal business day. Bids will be accepted'untll fhat date 

II. Purchase Description/Scope of Services 

Contract Term Length and Renewal Options 

The contract will remain in effect from February 15, 2009 through February 14, 2010 With a 
Substantia, compietion date of September 1 , 2009 and a project completion date of November 

Price Submission 

All prices must be stated as requested on the Bid price submission pages. 
Estimated Quantities 

Iril Ci \° f Somerville ha u s esti ™ted the quantities required for each of the items on the bid 
price subm.ssion pages, however, these estimates are estimates only and are not guaranteed 
The contract value has been estimated at $140,000.00. guaranteed. 

Brand Name "Or Equal" 

=, n In/ erenCe f S t0 ^ an u name ° r P r °P rietar V P^duct in the specifications shall require the 
acceptance of an equal or better brand. Samples may be requested before a final decision Vs 

e m qu d aTto T tn e e * "* « d -™ on *° * ~ «" " ^ is 
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Warranty 



a«,na, c ost accrue, by , h e City due ,o the S^ISTS Z 



Invoicing 

Vendor will mail an invoice to the contracting department. 
Cancellation 

The City reserves the right to cancel this contract at any time on any grounds includinn th* 
vendor's failure to comply with the specifications provided herein. including the 

Specifications/Scope of Work 
General 

The work to be performed under this contract consists of furnishing labor materials and 
equipment for the specified repairs at various municipally owned facilities 

Examination of Property 

The contractor shall fully inform himself of the existing conditions where the work is to be done. 
Protection of Property 

The contractor shall take all precautions to protect the property of the City from injury and shall 
indict. reSp0 ™ b ' e I 0r k al1 em P'°y ees °r ^ Person or persons, instrumin or device Tec^l 
ndirectfy emp eyed by him. Any corresponding damages shall be replaced, repaid and oaid 
for by the contractor to the satisfaction of the City. 'epairea ana paid 

Quality of Workmanship 

All work must be done in a thorough workmanlike manner. 
Experience 

The contractor shall have been established in the specified field for at least 5 years. 
Response Time 

Some^tte Ct ° r f0rty " eight h ° UrS When iSSued notification b V the City of 

Laws and Regulations 

The contractor shall comply with all Federal, State and Local laws regulations and ordinances 
governing this type of work. Without limiting the generality of the forgoing the Cent actor shall 

Board ^MB^S SSf f^^ns, and Massachusetts SSSSSf toL 

Board (AAB) standards and regulations. In addition, because the funding source is Federal 
C ° m ™ ^^Development Block Grant funds, the Contractor shall comply Wie the Americans 
with Disabilities Act ADA) and the Architectural Barriers Act of 1 968 2.31 ™T ^ 
Uniform Federal Accessibility Standards (see paragraph #f 2 of ffiS " ^ 
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Estimates and Surveys 

The contractor shall, as required, furnish estimates and survey proposed work at no cost to the 

SPECIFICATIONS FOR ADA RAMP CONSTRUCTION 
SCOPE OF WORK 

The work consists of the construction of twelve (12) wheelchair ramps to Massachusetts 
Architectural Access Board (AAB) standards (521 CMR 21.00, effective Janua* 27 2006V 
hiring a design professional to verify that all AAB requirements and City of Somervilie standards 

as necessary (meeting City * s <™ ~? 

The work shall take place at the following four (4) locations- 

1 . The ^intersection of Cherry Street and Elm Street, near the John F. Kennedy Elementary 

2. The intersection of Burnham Street and Powderhouse Boulevard near Tufts University 

3. The intersection of Somervilie Avenue and Prospect Street near Union Square- and 

4. Broadway in Somervilie at the driveway to Clarendon Hill Towers. 

IhnrTn bS d ° ne U + nd6r tHiS COntraCt COnsists of provision and P a y men t for all materials 
abor tools, equipment pumping, water, power, transportation, superintendence, verifications by 
the design professional, temporary construction of every nature, taxes legally co ledabte 
because of the work, and all other services and facilities of every nature whatsole necessary 

fn !5£2 and t0 complete in every respect and as shln on the drawin ^ 

PROVISIO N FOR TRAVEL AND PROSECUTION OF THE WORK 

The street and adjacent side streets shall remain open to travel throughout the period required 
for the completion of the improvement except as permitted by the City of Some^ille Traffic 
Commission. Reasonable facilities shall be provided by the contractor for the convenient and 
safe passage of pedestrians through the project and also to and from properties abuttinq the 
improvement. Particular care shall be taken at all times to establish and main'a n such methods 
of procedure as will not create hazards of an unusual nature. metnods 

WORK SCHEDULE 

ro°nl°l thiS H r0j ,f ? k n ai ? y reStriCted t0 3 ten hour day - five " da y week with the Prime 
Contractor and aH Sub Contractors working on the same shift. Peak hour work restrictions mav 
apply as specified in the Street Permit or as directed by the Engineer. restrictions may 

DISPOSAL OF SURPLUS MATERIAL 

Surplus material resulting from the various kinds of excavation and not required for use on the 

a P nTw C htlH e H d t' SPO f ^ ° f ^ th ? C ° ntraCt0r ' ° Ut5ide the P r °j ect iimits < at hi * own re ponsMty 
and without additional compensation thereof. 'funny 
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PROTECTI ON AND RESTORATION OF PROPERTY 

Special care shall be exercised by the Contractor during the prosecution of the work to save 
from harm and injury any structure, public or private, water system situated above or below the 

tot "mo^ol^^^ 09 WitNn SC ° Pe ° f thS Pr0jeCt ' n0t 

RETAINAGE 

A ♦ e im a S e ° f 5 ? Sha " be held by the Cit y- This sum shal1 b e held by the City for a period of 
sixty (60) days after final estimate is made and the work is accepted by the City. 

NOTE: Contractor's equipment is not to be parked or stored at the Public Works 
Yard at any time. 

All unit prices quoted herein shall be firm for the duration of the Contract, regardless of any 
changes in the cost of materials or labor. y 

SPECIAL PROVISIONS 

NOTICE TO OWNERS OR UTILITIES 

Written notice shall be given by the Contractor to all public service corporations or officials 
owning or having charge of publicly or privately owned utilities of his intention to commence 
opera ions affecting such utilities at least one week in advance of the commencement of such 
operations, and the contractor shall, at the same time, file a copy of such notice with the 
Engineer. 

Bidders are hereby notified that information is available regarding the existing utility structures 
which may be encountered within and adjacent to the limits of the work and the corporations 
owning controll.ng same. The completeness of this list is not guaranteed by the Department 



City of Somerville 
Department of Public Works 
Superintendent of Lights & Lines 
Engineering Division 
Water Division 
Sewer Division 
One Franey Road 
Somerville, MA 02145 
Tel. (617) 625-6600 

NSTAR 
NSTAR Way 
Westwood, MA 02090 
Tel. (781)441-8000 



Time Warner Cable 
300 Commercial Avenue 
Maiden, MA 02148 
Tel. (781) 397-2600 

Massachusetts Water Resource Authority 
(MWRA) 

59 Amaranth Avenue 
Medford, MA 02155 
Tel. (781) 306-2130 

Verizon New England 
1 85 Franklin Street 
Suite 1250 
Boston, MA 02210 
Tel. (617) 743-4524 
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Somerville Dept. of Traffic 
and Parking 
133 Holland Street 
Somerville, MA 02144 
Tel. (617) 625-6600 X7900 

M.W.R.A. Water & Sewer Division 
Charlestown Navy Yard 
100 First Avenue 
Boston, MA 02129 
Tel. (617) 242-6000 

RCN - CATV 

115 West First Street 
South Boston, MA 02127 
Tel. (617)670-2927 

Comcast 

116 Crosby Road 
Unit 10 

Dover, NH 03820 
Tel. (603) 749-9194 



Algonquin Gas Trans Co. 
8 Wilson Way 
Westwood, MA 

Dept. of Conservation & Recreation 
Division of Urban Parks & Recreation 
1 53 Causeway Street 
Boston, MA 



Bell Atlantic (BA) 
285 Lucas Street 
Woburn, MA 01801 
Tel. (781)939-3566 

Media One 
790 Main Street 
Wilmington, MA 01887 
Tel, (978) 658-0400 



The Contractor shall notify Massachusetts "DIG SAFE" 72 hours prior to start of construction. 
"DIG SAFE" call center: 1-888-DIGSAFE or 1-888-344-7233. 



BOND REQUIREMENTS 



A Performance Bond and a Labor and Materials Bond in the amount of 100% each of the 
contract price will be required from the successful bidder. 

PREVAILING WAGE REQUIREMENTS 

Bidders will be required to comply with the Davis Bacon Wage Laws,. Every bidder will be 
required to submit a certified payroll to the City every week. The City will take an active role in 

Snort Z £° n rr g '"J 58 Payr °" W6ekly - lf the SUS P ects ™* ™^ions, the C ty wil 

ni° t B f 0mey , General ' S FaiP Lab0r and Business Practices Division. The Atomey 
2? ? ff h 1 ' 5 ' afte , rconductin 9 an investigation and a hearing can order the bidder to haft 
Z wnrJ i k ,n9 + violations - Within fif teen days after completion of its portion of 
the work the bidder must submit a Statement of Compliance with the prevailing wage law The 

^ eS T e S ?° nght t0 C ° ndUCt headn9S ° n bids that are significantly below the average bid 
price submitted on a project, to make findings of fact and determinations. Weekly payrolls are 
public . records and the bidder shall make them available upon request. The Bidder i^required to 
keep these records for a period of three years from the date of the completion of this contract 
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CONTRACT PERIOn 



The contract will be from February 15, 2009 through February 14, 2010. The project substantial 
completion date is September 1, 2009 with a project completion date of Novembers 2009 

INSURANCE REQUIREMENTS 

(See attached) 



CONCRETE WHEELCHAI R RAMP . „ 
~ BB3SZ. City of Somerville Standards 

Ramps shall be built to the latest specifications of the Mass Highway State Standards 
Pavement shall include the installation of Detectable Warning Panel in accordance with Mass 
Highway Engineering Directive M/E 107.6.5. Color of panels shall be brick red. 

TRAFFIC POLICE 

The Contractor shall provide such police officers as the Project Manager deems necessary for 
the direction and control of traffic within the site of the improvement. Such officers shS Jear 

to^^^T^L Com P ensation f ° r ^ ^rvices of said poiice officS? otepaid 
by the Contractor to a designated municipal official, at a patrolman's rate of pay subject to all 
rules and regulations, ordinances or by-laws in effect in the City of Somerville 

The Contractor is required to submit weekly certified copies of payroll, covering such police 
officers, containing complete payroll information and payment receipts. 

The City of Somerville will reimburse the Contractor for payments made for the services of all 
required traffic officers upon receipt of payment vouchers. services or all 
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III. Quality Requirements 

Please respond to the following questions. A negative response to any of the followina 
.questions will automatically disqualify the vendor: 



Has the contractor been established in this specified field for at 
least 5 years? 


Yes 


No 


Has the contractor successfully completed a minimum of three 
(3) similar projects within the past six (6) years'? 






Can the Contractor provide a design professional, to certify to 
the City, that the Wheelchair ramps will meet the Massachusetts 
Architectural Access Board (AAB) standards (521 MR 21 00 
effective 1/27/06 and verify that all AAB requirements will be 
met? 






oan me ouiurdcior verify tnat it can meet the City of Somerville 
standards for Wheelchair Ramps'? 


i/ 




Can the Contractor certify that all employees to be provided, 
have successfully completed at least 10 hours of OSHA 
approved training in Construction Safety and Health? 


i/ 




Optional: 

Vendor: Are you a State Office for Minority and Women Owned 
Business Assistance (SOMWBA) certified minority or woman 
owned business? 







IV. References 

The Form for General Bid requires a minimum of three municipal references for whom similar 
constructs of sidewalk handicap access has been provided. Include contact person and 
telephone number along with company name and address. 

V. Rule for Award 



One contract will be awarded to the responsible and eligible bidder offering the lowest bid pri 
VI. Form for General Bid 



price. 



The Form for General Bid includes the base bid on the first page and incorporates as an 

t a h?rt^h a .. H d m t A !! e : natSS - Th6Se 3re DEDUCT ALTERNATES which? ^adopted by 
he Cty shall decrease the bidder's base bid. The City reserves the right to determine owes^ 
responsible and eligible bidder on the basis of the (1) Bidder's Base Bids, or (2) Bites Base 
and S #2 eSS * 1 ' ° f (3) BiddSrS BaSS Bids ,eSS the D^urt ^m^S? 

Prices are to include delivery, the cost of fuel, the cost of labor, equipment and all other charaes 
required for the twelve (12) Wheelchair Ramps at four (4) locations; as specified Prfces are to 
remain the same for the entire contract period. 



SOMERVILLE LIVING WAGE ORDINANCE FORM 

(Ordinance No. 1999-1*) 

the fo™2£ f ° n J 311 ^ hdUded m aU Invitati0IlS for Blds **& ^quests for Proposals which involve 
the furnishing of labor, time or effort (with no end product other than reports) by vendors uZto^Z Z 

tt~ g Wlth the Clty of SomervilIe ' where the «—* — - — S 

a) $50,000 for contracts commencing during the period 7-1-99 to 6-30-01 

(Fiscal Years 2000 and 2001); 

b) $30,000 for contracts commencing during the period 7-1-01 to 6-30-03 

(Fiscal Years 2002 and 2003); and 

c) $ 1 0,000 for contracts commencing during the period 7-1 -03 and thereafter 

(Fiscal Years 2004 and thereafter.); 

The purpose of this form is to ensure that such vendors pay a "Living Wage" (defined below^ to 
all covered employees (i.e., all employees except individuals in a city, state or iiiSw 
p ogram). In the case of bids, the City will award the contract to the lowest responsive ^ i^respons ble 
bidder paying a Living Wage. In the case of RFP's, the City will select the most advanlWpZ^ 
from a responsive and responsible offeror paying a Living Wage. In neither case, WvTS TSL 
be under any obligation to select a bid or proposal that exceeds the funds available for the contract 

. a1] , DefiDitio ° Lgf "LivinoW^e" For this contract or subcontract, as of 07-01-2008 "Livin* Waee" 
shall be deemed to be an hourly wage of no less that $10.84/hour. From time to time, the LiW wlf 
may be upwardly adjusted and amendments, if any, to the contract or subcontract may reqSe payment 
of a higher hourly rate if a higher rate is then in effect. payment 

If the undersigned bidder or offeror is selected, this form will be attached to the contract or 
sto'Sct CertlflCati ° nS ^ h£rem Sha11 b£ 35 0f — c^ST 



subcontract 

CERTIFIC A TTONS 



The undersigned shall pay no less than the Living Wage to all covered employees who 
directly expend their time on the contract or subcontract with the City of Somerville. 

The undersigned shall post a notice, (copy enclosed), to be furnished by the contract™ 
City Department, informing covered employees of the protections and obligations 
provided for m the Somerville Living Wage Ordinance, and that for assistance and 
^rmatio^mcluding copies of the Ordinance, employees should contact the contracting 
City Depamnent. Such notice shall be posted in each location where services arT 

c^r4 postir" employees ' k a conspicuous piace where notices to - 



Copies of the Ordinance are available upon request to the Purchasing Department. 



CERTIFICATE IN GOOD STANDING 

TO: Vendor 

FROM: Purchasing Department 

RE: CERTIFICATE IN GOOD STANDING 

The Awarded Vendor must comply with our request for a CURRENT "Certificate in 
Good Standing". 

If you require information on how to obtain the "Certificate in Good Standing" or Certificate 
of Registration (Foreign Corporations) from the Commonwealth of Massachusetts please call 
?S Secretary of State's Office at (617) 727-2850 (Press #1) located at One (1) Ashburton Place 
1 7 Floor, Boston, MA 021 33 or you may access their web site at: : 
www.sec.state.ma.us/corp/certificates/certificate request.asp 

If your company is incorporated outside of Massachusetts and therefore is a "foreign 
corporation", but is registered to do business in Massachusetts, please comply with our request 
for the Certificate of Registration from the Commonwealth of Massachusetts. If your company is 
a foreign corporation, but is not registered to do business in Massachusetts, please provide the 
Certificate of Good Standing from your state of incorporation. 

Please note that without the above certificate (s), the City of Somerville cannot e xecute 
your contract. — 



IMPORTANT NOTICE 

Requests for Certificates in Good Standing by mail may take a substantial amount of time A 
certificate may be obtained immediately in person at the Secretary's Office at the address 
above. Also, at this time, the Secretary of State's Office may not have your current annual 
report recorded. If this is the case, and you are therefore unable to obtain the Certificate of 
Good Standing, please forward a copy of your annual report filing fee check with your signed 
contracts. Please forward your original Certificate of Good Standing to the Purchasinq 
Department upon receipt. 

Thank You, 
Purchasing Director 
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CERTIFICATE OF NON-COLLUSION 

Iil U f n H erS f 9ned ? rtifi ! S UndSr penalties of per j ur y that this bid °r Proposal is in all respects 
bona fide, fair and made, without collusion or fraud with any other person As used fn thte 
certifica ,on, the word "person" shall mean any natural person, joint venture partnership 
corporation, union, or other business or legal entity venture, partnership, 

Signature of individual submitting bid or proposal 
Name of business 



TAX COMPLIANCE CERTIFICATION 



Pursuant to M.G.L c 62C, §49A, I certify under the penalties of perjury that to the best of mv 

re r^ d n 9e f and ^ ' am , in C ° mpiianCe With a " laws ° f ^ Commonweal relate to taxes" 
report ng of employees and contractors, and withholding and remitting child support " as vSfl as 
paid all contributions and payments in lieu of contributions pursuant to MGL 151 A §19^) 



Signature of person submitting bid or proposal 
Name of business 

<£ 9 

Date ' " 



FID# 



CITY OF SOMERVILLE 
SIGNATURE FORM 

NAME OF COMPANY: V__g_^___ ^AJ<S7"A^dT/^ / aJs? 

ADDRESS: /_ sd #£#J A/^^st^ 4 /D/S/rMAAf A^A ggj&j 

TELEPHONE #: 7?/-<!/</7-fy<ri FAX #: _72/~777- 

DATE: J'/3-Jf 

SIGNATURE OF AUTHORIZED CONTRACTING OFFICIAL: 

TITLE: S/yjT/fcSLj/ZjF^' 

residence: / V//}jL* rr \Sj- / #KJ^y//JUc /Ifa /2j34t-7 

IF COMPANY IS A PARTNERSHIP: 
FULL NAME AND RESIDENCE OF EACH PARTNER: 



IF COMPANY IS A CORPORATION: 

THE CORPORATE NAME IS: \5^/jg/^ /Z>A!^T2) g^2UL 

THE CORPORATION IS ORGANIZED UNDER THE LAWS OF: Afy 

THE PRESIDENT IS: A/%Ai*y /'h>fjA 



THE TREASURER IS: £pOAL A{ * dl />» & 

THE CLERK/SECRETARY IS: /____^__ __£__S^ 

NAME OF CORPORATION THAT WILL APPEAR ON A POTENTIAL CONTRACTUAL 
AGREEMENT IF DIFFERS FROM ABOVE: 



NAME AND TITLE OF PERSON WHO WILL BE RESPONSIBLE FOR THE SIGNING OF A 
POTENTIAL CONTRACTUAL AGREEMENT IF DIFFERS FROM ABOVE: 
NAME: TITLE: 

NAME OF CLERK/SECRETARY WHO WILL ALSO BE SIGNING FOR A POTENTIAL 
CONTRACTUAL AGREEMENT IF DIFFERS FROM ABOVE: 
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SECTION 01 000 
SPECIAL CONDITIONS 



1.01 DEFINITIONS 



A. 



General: Except as specifically defined otherwise, the following definitions supplement 
definitions of the Contract, General Conditions, Special Conditions, Technical 
Specifications and other general contract documents, and apply generally to the work. 

1 . Owp§£:, City of Somerville, Massachusetts, Mayor's Office of Strategic Plannina 
and Community Development. 

2. Project Manager : Stephen Winslow of the City of Somerville, Massachusetts 
Tel. No. (61 7) 625-6600 or other person identified by the City. 

3. Enqineer : Charles O'Brien, City Engineer tel.61 7-625-6600 or other person 
identified by the City. 

4. Indicated : Shown on drawings by notes, graphics or schedules, or written into 
other portions of contract documents. Terms such as "shown" "noted" 
"scheduled" and "specified" have same meaning as "indicated"' and are' used to 
assist the reader in locating particular information. 

Directed, Requested. Appro v ed. Accepted, etc. - These terms imply "by the Citv 
Engineer" unless otherwise indicated. 

Approved by Engineer: In no case releases Contractor from responsibility to 
fulfill requirements of contract documents. 

Project Site: Space available to Contractor at location of project, either 
exclusively or to be shared with separate contractors, for performance of the 
work. 

Rjmish: Supply and deliver to project site, ready for unloading, unpacking 
assembly, installation and similar subsequent requirements. 

Instajl: Operations at project site including: unloading, unpacking, assembly 
erection, placing, anchoring, applying, working to dimension, finishing curing' 
protecting, cleaning and similar requirements. 



5. 



9. 



10. Provide : Furnish and install, complete and ready for intended use. 

1 1 . Remove : Complete removal, loading, transporting, permits, and legal disposal 
off-site by the Contractor of all designated materials in accordance with local 
state and federal regulations, at the Contractor's expense. 

12. Installer : Entity (firm or person) engaged to install work, by Contractor 
subcontractor or sub-contractor. Installers are required to be skilled experts in 
work they are engaged to install. 

13 - Specification Text Format: Underscoring facilitates scan reading, no meaning 
Imperative language is directed at Contractor, unless otherwise noted. 
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14. Overlapping/Conflicting Requirements : Most stringent (generally) language 
written directly into contract documents clearly indicates that a less stringent 
requirement is acceptable. Refer uncertainties to Engineer for decision before 
proceeding. 

1 5. Where optional requirements are specified in a parallel manner, option is 
intended to be Contractor's unless otherwise indicated. 

16. Minimum Requirements : Indicated requirements are for a specific minimum 
acceptable level of quality/quantity, as recognized in the industry. Actual work 
must comply (within specified tolerances), or may exceed minimums within 
reasonable limits. Refer uncertainties to Engineer for decision before 
proceeding. 

1 7. Abbreviations, Plural Words : Abbreviations, where not defined in contract 
documents, will be interpreted to mean the normal construction industry 
terminology, determined by recognized grammatical rules, by the Engineer. 
Plural words will be interpreted as singular and singular works will be interpreted 
as plural where applicable for context of contract documents. 

1.02 PROJECT SITES 

The work shall take place at the following four (4) locations: 

1 . The intersection of Cherry Street and Elm Street near the John F. Kennedy Elementary 
School; 

2. The intersection of Burnham Street and Powder House Boulevard near Tufts University; 

3. The intersection of Somerville Avenue and Prospect Street near Union Square; and 

4. Broadway in Somerville at the driveway to Clarendon Hills Towers. 

1.03 SUMMARY OF WORK 

The Work consists of the construction of twelve (12) wheelchair ramps to Massachusetts 
Architectural Access Board (AAB) Standards (521 CMR 21 .00, effective January 27, 2006), 
hiring a design professional to verify that all AAB requirements have been fulfilled, restriping 
crosswalks as necessary, and resetting crosswalk signs. 

The Work to be done under this Contract consists of provision and payment for all materials, 
labor, tools, equipment, pumping, water, power, transportation, superintendence, temporary 
construction of every nature, taxes legally collectable because of the work, and all other services 
and facilities of every nature whatsoever necessary to execute the work and to complete in every 
respect and as shown on the drawings or called for in the specifications. 

1 .04 TIME FOR COMPLETION AND SEQUENCE OF WORK 

A. The work which the Contractor is required to perform under this Contract shall be 
commenced at the time stipulated by the Owner in the Notice to Proceed. 

Substantial Completion shall be by September 1 , 2009. The following scope of work 
will constitute Substantial Completion: 

• Excavation and sawcutting; 

• curb removal, relocation and resetting; 
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B. 



installation of concrete curb ramps; 
re-installation of crosswalk signs; 
temporary painting of crosswalks; and 

verification by a design professional that all AAB requirements as set forth in 521 CMR 
21.00 have been fulfilled. 

Final Completion shall be by November 15, 2009. 

The Contractor shall employ sufficient equipment and workmen to complete the 
installation as expeditiously as possible as directed by the Project Manager If in the 
opinion of the Owner the progress of the work of the Contractor does not, at any time 
clearly demonstrate that completion of the installation will meet with the approval of the 
Owner, the Owner reserves the right to require the Contractor to employ such additional 
equipment and workmen as required, and to work overtime hours to assure completion 
dates, all without additional cost to the Owner. 



No night, Saturday, Sunday or holiday work requiring the presence of City Staff will be 
permitted except in case of an emergency, and then only to such an extent as is 
absolutely necessary, with the approval of the Project Manager. 

1.05 LIQUIDATED DAMAGES 



A. As actual damages for any completion of the work which the Contractor is required to 
perform under this Contract are impossible of determination, the Contractor and his 
Sureties shall be liable for and shall pay to the Owner the sum of two hundred and fifty 
dollars ($250) as fixed and agreed, as liquidated damages for each calendar day of 
delay from the date stipulated for completion, or as modified in accordance with the 
General and Special Conditions. 

1 .06 OWNER'S TAX EXEMPTION 

A. The Awarding Authority, as a department of a corporate municipality in the 

Commonwealth is exempt from the taxes listed below. Contractor shall notify all 
suppliers of the following current certificates: 

1 . Federal Excise Taxes as applied to articles taxable under Chapter 32 of the 
Internal Revenue Code of 1954, as amended, City of Somerville Excise Tax 
Exemption Certificate is not required. 

- 2. From Sales and Use Tax imposed by the Commonwealth of Massachusetts 
under Chapter 14, Acts of 1966, the City of Somerville has been assigned 
exemption certificate No. 046-001-414 with respect to leases, rental, or 
purchases of "Tangible Personal Property". 

1 .07 RESPONSIBILITIES OF CONTRACTOR 

A. Except as otherwise specifically stated in the Contract Documents and Technical 
Specification, the Contractor shall provide and pay for all materials, tools, labor, 
equipment, water, light, heat, power, transportation, superintendence, temporary 
construction of every nature, charges, levies, fee or other expenses, permits and back 
charges and all other services and facilities of every nature whatsoever necessary for the 
performance of the Contract and to deliver all improvements embraced in this Contract 
for Site Preparation completed in every respect within the specified time 
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B. 



H. 



Unless otherwise specified herein all materials, workmanship, methods, and practices 
shall conform to the current Standards of the appropriate Department of the City of 



Somerviiie. 

The Contractor shall be responsible for detailed layout, all stake-out and grade control 
and, if necessary, shall employ a registered Professional Engineer or a registered Land 
Surveyor for this purpose. 

The Contractor shall verify dimensions and utility locations shown on the plans and if anv 
inconsistencies or discrepancies should be noted on the Drawings, or between the 
Drawings and actual field conditions, or between the Drawings and the Specifications he 
shall immediately notify the Project Manager. The Contractor will be held responsible for 
any errors resulting from his failure to exercise the aforementioned precaution Such 
information shall be marked on copies of the drawings and submitted to the Proiect 
Manager. J 

The Contractor shall employ a suitable superintendent and foremen to represent him at 
all the several parts of the work and they shall be present at all times while the work 
entrusted to them is in progress and shall be informed thoroughly regarding it The 
foreman, mechanics, and others employed by the Contractor shall be skilled and 
experienced in the particular work which is given them to do. 

As soon as the Contract is executed, the Contractor shall order materials submit 
construction schedules as hereinafter specified, and otherwise anticipate 'the Notice to 
Proceed. When the Owner gives the Notice to Proceed, the work of construction shall 
begin at the time stipulated therein and shall be completed within the Time for 
Completion specified. 

It is the Contractor's responsibility to make his own investigation and related assumptions 
and to satisfy himself as to subsurface conditions and to ensure that these are reflected 
in the general and unit prices bid. 

In order to verify locations of utilities and varying field conditions, exploratory excavations 
have been incorporated into the plans for this contract, the cost of which are to be 
included in the contract price bid. 

The Contractor's attention is called to the necessity of obtaining permits. 

1 . All persons desiring to use such water from a hydrant or any other appurtenance 
shall apply for a "Hydrant Perm it" at the city of Somerviiie. 



1.08 COMMUNICATIONS 



A. 



All notices demands, requests, instructions, approvals, proposals and claims must be in 
writing and must be presented to the Project Manager. 

B. Any notice to or demand upon the Contractor shall be considered sufficiently given if 

delivered at the office or field office of the Contractor stated on the signature paqe of the 
Agreement (or at such other office as the Contractor may from time to time designate in 
writing to the Owner), or if deposited in the United States mail in a sealed postage- 
prepaid envelope, or delivered with charges prepaid to any telegraph company for 
transmission, in each case addressed to such office. 

O All papers required to be delivered to the Owner shall, unless otherwise specified in 

writing to the Contractor, be delivered to the Office of Strategic Planning and Community 
Development, City of Somerviiie, 93 Highland Avenue, and any notice to or demand upon 
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the Owner shall be sufficiently given is so delivered, or if deposited in the United States 
mail in a sealed, postage-prepaid envelope, or delivered with charges prepaid to any 
telegraph company for transmission to said Owner at such address, or to such other 
representatives of the Owner or to such other address as the Owner may subsequently 
specify in writing to the Contractor for such purpose. 

D. Any such notice shall be deemed to have been given as of the time of actual delivery or 
(in case of mailing) when the same should have been received in due course of post or 
in the case of telegrams, at the time of actual receipt, as the case may be. 

1 .09 LAYOUT WORK 



A. The City has identified sample templates for each location that the Contractor will use to 
develop lay-outs in the field. The Contractor is hereby required to verify the proposed 
template can be implemented by referencing fixed elements such as existing exterior 
walls and other points which serve as reference points of layout work. The Contractor 
shall, upon start-up of his work carefully verify the feasibility of the selected sampie 
template. If the sample template is not feasible to implement, the Contractor shall 
propose an alternative template that meets ADA' requirements. The Contractor shall 
report to, the Project Manager any conditions which are found to be in conflict with 
Contract Documents. The Project Manager will advance decisions as to necessary 
adjustment to dimensions and will promptly disseminate revised drawings or corrections 
which shall serve as the basis for advancement of the work. 

B. Lines and grade work in accordance with Drawings and Specifications shall be laid out by 
a registered Civil Engineer or Surveyor employed by the Contractor. The Contractor shall 
maintain all established bounds and bench marks and replace, as directed, any which 
may be disturbed or destroyed. The General Contractor shall pay all costs' of the 
services of Civil Engineer or Surveyor. 

C. The Contractor shall check all Drawings and templates and shall report any errors in 
them to the Engineer, who will make or approve the necessary corrections. Any 
discrepancies not reported prior to construction shall not be the basis for claims for extra 
compensation. 

1 .10 PARTIAL USE OF SITE IMPROVEMENTS 

The Owner, at its election, may give notice to the Contractor and place in use those 
sections of the improvements which have been completed, inspected and can be 
accepted as complying with the Technical Specifications and accepted as complying with 
the Technical Specifications and if, in its opinion, each such section is reasonably safe fit 
and convenient for the use and accommodation for which it was intended, provided: 

1 . The use of such sections of the improvements shall in no way impeded the 
completion of the remainder of the work by the Contractor. 

2. The Contractor shall not be responsible for any damages or maintenance costs 
due directly to the use of such sections. 

3. The use of such sections shall in no way relieve the Contractor of his liability due 
to having used defective materials or due to poor workmanship. 

The period of guarantee stipulated in the specifications shall not begin to run until the 
date of the final acceptance of all work which the Contractor is required to construct 
under this Contract. 



A. 



5. 
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1 .1 1 CONTRACT DOCUMENTS AND DRAWINGS 



Not Applicable 



B. 
C. 



1.12 HISTORICAL, ARCHAEOLOGICAL OR ANTIQUE ITEMS 

A. The Contractor during his excavation, site clearance and other operations may come 

upon uncover or otherwise discover items of historical, archaeological or antique nature 

Ind nnt f T°n hal ' ,mn L ediate| y st °P ^^ions at the particular site of the discovery 
and notify the Owner so that a proper evaluation may be made of its importance The 

oSSSi ! X ^ eVa ' Uati0n " 3 manner th3t Sha " not undu 'V interf - •» ^ 

inna, C » itS + mS ' if , d ?, Si9 ?l ted by com P etent authority to be historical, archaeological or 

™£? ? t K e n 3 " n ? b ! C ° me the property of the Contractor but shall be placed in the 
custody of the Owner for disposition. 

■ • 

The Contractor shall be required to remove with care or to assist in the removal of any 
such item or items and to transport the same to a place of safe keeping within the Citv of 

wSStitX^ 50 assistin9 shaH be reimbursed t0 the ContL ° r * ~ 

1.13 FIRE PROTECTION AND PREVENTION 

A. The Contractor shall keep the site free of rubbish and construction debris at all times. 

1 • He shall provide sufficient metal barrels or dumpsters into which all refuse and 
garbage shall be deposited. All containers shall have tight fitting covers These 
shall be secured overnight or removed daily. 

A ^\ end 5., each WOrk week ' the Con tractor shall thoroughly clean premises of 
rubbish and debris of any nature, and remove such from the premises 



2. 



1.14 RUBBISH REMOVAL 



A. The Contractor and each Subcontractor shall remove all rubbish, waste tools 

equipment, and^appurtenances caused by and used in the execution of 'his work- but this 
shan n no way be construed to relieve the Contractor of his primary responsib ity for 
ma.ntain.ng the s.te clean and free of debris, leaving all work in a clean condition 

1.15 TEMPORARY FACILITIES 



A. General Provisions 
1. 



?il it 'JS-f S ' and SerVIC8S t0 fuifi " tne ^irements for temporary 
Mt.es at no additional cost to the Owner, and comply with all requirements set 
forth herein, except where sa.d requirements are in conflict with Federal State or 
Loca laws rules, and regulations, in which case(s) the applicable Federal State or 
Local requirements shall govern. ' Laie ' or 
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